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BILL NO. S-84-1-//* 


SPECIAL ORDINANCE NO. 



AN ORDINANCE approving Water 
Contract 83-XP-5, by the City 
of Fort Wayne by and through 
its Board of Public Works and 
T-G Excavating, for Centennial 
Industrial & Business Park. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 


THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. The annexed Water Contract 83-XP-5, made a 


part hereof, by the City of Fort Wayne by and through its Board 

of Public Works and T-G Excavating, for Centennial Industrial & 

Business Park, is hereby ratified, and affirmed and approved in 

all respects. The work under said Contract requires: 

a water main extension to serve 
Centennial Park located at SE 
Section 28, Township 31 N., 

Range 12 E; 

the Contract price is One Hundred Seventy-Four Thousand Two Hun¬ 
dred Twenty-One and 75/100 Dollars ($174,221.75). 

SECTION 2. Prior Approval was received from Council 
with respect to this Contract on January 10, 1984. Two (2) copies 
of the Water Contract attached hereto are on file with the City 
Clerk, and are available for public inspection. 

SECTION 3. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 












J rst time in full and on motion by ^ _ 

_, and duly adapted, read the ^bpnd time 

d to the Committee _('^nd the City 

Plan Commission for recommendation) and Pujzflifc Hearing to be heljft after 


Read the 
seconded by 


due legal notice, 
Indiana, on 


at the Coi 


s^Coujacil~ 





~TJl)ty=ecmft%y--.Ru i .Idirrrf, Fort Wayne 
_day of 

•M.,E.S 


Read the tftird time in full and on motion by , _, 

seconded by__, and duly adopted, placed on its 

passage. PASSED ' (ESSEE) by the following vote: * ) 


TOTAL VOTES 
BRADBURY 
BURNS 
ElSBART 
GiaQUINTA 

HENRY 

REDD 

SCHMIDT 

STIER 

TALARICO 


DATE: 


AYES NAYS 


S- 






ABSTAINED ABSENT TO-WIT: 



SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 

Wayne, Indiana, as (ANNEX ATION) . (APPROP RIATIONS-(GENERAL 

(SPECIAL) (Z ONING MAP) ORDINANCE - (RE S ^UT XQIIl NO. ' 

on the _ d ay of _, 19 F / , 

ATTEST: (SEAL) 




SANDRA E. KENNEDY, CITY CLERK 

Presented by me to the Mayor of,the City of Fort Wayne, Indiana, 
on the _A£j^_day of _, 19 


at the hour of 


o<? / 


o'clock 


< 3 >. 


_.M.,E.S.T 


SANDRA E. KENNEDY, CITY CLERK 

Approved and signed by me this _^_lSj_day of <r~W$TUxaA.xu _ 

19_fZH—' at the hour of _1_o'clock t _.M.,E.Qt. 


WIN MOSES, JR., MAYOR 

















































































CONTRACT NO. 83-XP-5 


73-^SV'J/ 

'/"/gfl 




BOARD ORDER NO. 177-83 


WORK ORDER NO. 63655 


THIS CONTRACT 


triplicate this ub day of 

__ ^ & G Excavating, Inc., herein called 

^TRACTOR, v and the City of Fort Wayne, Indiana, an Indiana Municipal Corporation, 
acting by and through the Mayor and the Board of Public Works, herein called OWNER, 


made and entered into in 
19 ^ , by and between T 


WITNESSETH, that the Contractor and the Owner, for the considerations hereinafter 
named, agrees as follows: 


ARTICLE 1. SCOPE OF WORK 


Contractor shall furnish all labor, material, equipment, tools, power, transporta¬ 
tion, miscellaneous equipment, etc., necessary for the installation of: 

3850± LF of 16" water main and 4350± LF of 12" water main, including all 
fittings to serve Centennial Industrial and Business Park, Section III, 

all according to Fort Wayne Water Utility Drawing No. Y-10584, Sheets 1 thru 19, 
and do everything required by this contract and the other documents constituting a 
part hereof. 

ARTICLE 2. THE CONTRACT SUM 


The Owner shall pay Contractor for the performance of the contract the sum of one 
hundred, seventy-four thousand, two hundred, twenty-one dollars and seventy-five 
cents $174,221.75. In the event the amount of work is increased or decreased by 
Owner, the contract sum shall be increased or decreased according to the unit price 
schedule set forth in the Contractor's Proposal. 

ARTICLE 3. PROGRESS PAYMENTS 


The Owner shall make payments on account of the contract as provided herein, as 
follows: 

Monthly progress payments will be made by Owner upon submission of a statement of 
quantities of work completed and/or materials supplied to the job site as of the 
end of each month. On or about the 15th day of the following month, ninety (90%) 
percent of the value of the work performed up to the first day of that month (based 
on the contract price of labor and materials incorporated in the work) and as 
estimated by the Contractor and approved or revised by the Water Engineering 
Department less the aggregate of previous payments, will be paid by Owner to the 
Contractor. 


WEBIDD 
JOB F 

remove 2/8/84 
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ARTICLE 4. ACCEPTANCE AND FINAL PAYMENT 


Final payment shall be due at the time the work is fully completed and accepted and 
the contract is fully performed. 

Upon filing of a Completion Affidavit by the Contractor that the w 7 ork is ready for 
final inspection and acceptance, the Board of Public Works will direct the Water 
Engineering Department to promptly make such inspection. When the Engineering 
Department finds the work acceptable under the contract, and the contract is fully 
performed, it shall so inform the Board of Public Works which shall issue a final 
certificate stating that the work provided for in this Contract has been completed 
and is accepted. Thereupon the entire balance of the Contract sum shall be due and 
payable to the Contractor; provided only that Contractor shall first furnish Owner, 
if requested to do so, satisfactory evidence that all persons who have supplied 
labor, material, or equipment for the work have been fully paid. 

ARTICLE 5. WORKMEN'S COMPENSATION ACT 

The Contractor will furnish immediately a certificate from the Industrial Board of 
the State of Indiana, that he has complied with the Workmen's Compensation Act in 
accordance with Section 14 of the Compensation Act (I.C. 22-3-2-1). 

Any judgment rendered against the City of Fort Wayne in any suits for damages for 
injury to real or personal property, or for any injury sustained by any person 
growing out of any act or doing of Contractor, or its agents, employees or workmen 
and that any judgment of any court or award of any Board of Arbitrators or of the 
State Industrial Board of the State of Indiana rendered against the City of Fort 
Wayne in any suit or claim arising under said Workmen's Compensation acts of the 
State of Indiana, now or hereafter in force, relating to compensation for acci¬ 
dental injuries or death suffered by his employees or the employees of any Sub¬ 
contractor or Subcontractors in the course of their employment, when notice of the 
pendency of such suit, hearing or arbitration shall have been given said 
Contractor, shall be conclusive against Contractor as to amount, liability and all 
other things pertaining thereto; it being the intent of the parties hereto that 
Contractor indemnify and hold harmless City in the premises. 

ARTICLE 6. NONDISCRIMINATION OF LABOR 


The Contractor further agrees to be bound by Section 15-13 (as amended), of the 
Code of the City of Fort Wayne, Indiana of 1974, passed by the Common Council of 
the City of Fort Wayne, Indiana as General Ordinance No. G-34-78 (as amended) on 
December 12th, 1978. The successful bidder, at the time the Completion Affidavit 
is filed, shall also file a Manpower Utilization Report for this project. 

ARTICLE 7. PREVAILING WAGE SCALE 


The Contractor agrees to pay and also require of his subcontractors that they pay 
wage rates on the work covered by this contract which shall not be less than the 
prescribed scale of wages as determined pursuant to the provisions of Chapter 319 
of the Acts of the General Assembly of the State of Indiana, of 1935. 
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ARTICLE 8. COMPONENT PARTS OF THIS CONTRACT 


The following documents are as fully a part of the contract as if hereto attached 
or herein repeated: 

a. Advertisement for Bids, for Contract No. 83-XP-5. 

b. Instructions to Bidders for Contract No. 83-XP-5. 

c. Contractor's Proposal Dated December 28, 1983. 

d. Fort Wayne Water Utility Engineering Department Drawing No. Y-10584. 

e. Supplemental Specification for Contract No. 83-XP-5. 

f. Detailed Specifications and Conditions for the Installation of 
Transmission and Distribution Mains of the Fort Wayne Water Utility. 

g. Construction Standards and Water Main and Water Service Materials 
Standards of the Fort Wayne Water Utility, Engineering Department, latest 
revision, except as modified in the Supplemental Specifications. 

h. Workman's Compensation Act (I.C. 22-3-2-1). 

i. Non Discrimination of Labor, General Ordinance No. G-34-78 (as amended). 

j. Prevailing Wage Scale. 

k. Performance and Guaranty Bond. 

l. Minority/Female Employment Requirements Option 

ARTICLE 9. GUARANTEE OF WORKMANSHIP 

At the time of execution of this contract, the Contractor shall furnish a 
Performance and Guaranty Bond in favor of the City of Fort Wayne in the amount of 
the total value of the materials supplied and/or work performed under the terms of 
this contract. The said bond shall ensure the completion of the work covered 
hereunder and shall guarantee the materials and workmanship for a period of one (1) 
year following written acceptance of the water main by the City. 

ARTICLE 10. INDEMNITY 


Contractor shall furnish to Owner, within ten (10) days of the date hereof, a 
certificate from an insuror acceptable to Owner showing personal injury and 
property damage insurance, in force and issued in connection with the work to be 
performed under this Contract, in amounts satisfactory to Owner. 

ARTICLE 11. ADJUSTMENTS OF DISPUTES 


All questions or controversies which may arise between the Contractor and the Owner 
under the provisions of this Contract shall be subject to the decision of the Chief 
Engineer of the Fort Wayne Water Utility of the Owner, and his decision shall be 
final and conclusive upon the parties. 

Provided, how ? ever, no changes in the plans, specifications, or other phases or the 
work covered by this Contract will be permitted except on prior written authoriza¬ 
tion by the Board of Public Works. 

ARTICLE 12. COMPLETION DATE 


The Contractor agrees to complete the work specified in the contract within 90 
consecutive calendar days after having been ordered by the Owner to commence work 
under this contract. 
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ARTICLE 13. COUNCILMANIC APPROVAL 


This Agreement, although executed on behalf of the Owner by the Mayor and Board of 
Public Works of the City of Fort Wayne, Indiana, shall not be binding upon the 
Owner unless and until the same shall have been ratified and approved by the Common 
Council of the City of Fort Wayne, Indiana, and should said Common Council fail to 
approve the same within ninety (90) days after the date hereof, then this Contract 
shall be and become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day and 
year first above written. 


T & G EXCAVATING, INC. 
BY: JZ^njLA 


Thomas M. Stockamp, Preside^ 

BY: ft, _ 

Harold R. Zimrfier, Asst. Secretary 


CITY OF FORUWAYNE, INDIANA 
BY: V 


Win Moses, Jr., Mayor 


(J, 


Helen V. Gochenour, Clerk 


BOARD OF PUBLIC WORKS 


-^teph^irTLRailey7 C’hairm'an^ 

_ 

Betty R./Collins, Member 

k Wilson, Sr., Membef 


APPROVED AS TO FORM AND LEGALITY: 

/O 0 

-- 

'ASSOCIATE CITY ATTORNEY 

Approved by the Common Council of the City of Fort Wayne on 
_, 19_. 


day of 


Special Ordinance No. 
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ACKNOWLEDGMENT 


STATE OF INDIANA: 

SS: 

COUNTY OF ALLEN: 

BEFORE ME, a Notary Public, in and for said County and State, this /f) //; day of 

y- Xlr l!.' H k' i j _ , 19 SV , personally appeared the within named Thomas M. 

Stockamp and Harold R. Zimmer, who being by me first duly sworn upon their oaths 
say that they are the President and Assistant Secretary respectively, of T & G 
Excavating, Inc. and as such duly authorized to execute the foregoing instrument 
and acknowledged the same as the voluntary act and deed of T & G Excavating, Inc. 
for the uses and purposes therein set forth. 


IN WITNESS WHEREOF, hereunto subscribed my name, affixed my official seal. 

t/jlU-Kv- t)L {/AJx\a L/ 

NOTARY PUBLIC O 7 (J 

Pi !\u'2tff 

Type or Print Name of Notary 


MY COMMISSION EXPIRES: 

tluaasL /9 

j 
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ACKNOWLEDGMENT 


STATE OF INDIANA) 
COUNTY OF ALLEN ) 


BEFORE ME, a N^Jj;ary Public, in and for said County and State, this /J ^ _ day 

of _ _, 19 J 4_, personally appeared the within named 

WINFIELD C. MdT^ES, JR.f Mayor of the City of Fort Wayne; STEPHEN A. BAILEY, 


BETTY R. COLLINS and JACK WILSON, SR. members of the Board of Public Works, City of 
Fort Wayne, Indiana; and Helen V. Gochenour, Clerk of the Board of Public Works, 
City of Fort Wayne, Indiana, to me personally known, who being by me duly sworn 
said that they are respectively the Mayor of the City of Fort Wayne, the Members 
and Clerk of the Board of Public Works of the City of Fort Wayne, Indiana, and that 
they signed said instrument on behalf of the FORT WAYNE WATER UTILITY of the City 
of Fort Wayne, Indiana, with full authority so to do and acknowledged said instru¬ 
ment to be the voluntary act and deed of said Department of said City for the uses 
and purposes therein set forth. 

IN WITNESS WHEREOF, hereunto subscribed my name, affixed my official seal. 



~lXe//nA /). 


Type or Print Name of Notary 


My Commission Expires: 


tlj &(ll 
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(SPECIMEN FORM) 

CITY OF FORT WAYNE, INDIA NA 
IMPROV EMENT TO FORT WAYNE WATER U TILITY 

PERFORMANCE AND GUARANTY BOND 


.-C'.OW AIL MEN BV THESE. PRESENTS, that we T-G Excavating, Inc. 


^ t0r or Dev el°per) as Principal, and the Fidelity and Depos it Company of Maryla 

(Insurance Company), a corporation organized under the lavs of the State of 

——----(State and Date) , and duly authorized to transact 

business in the State of Indiana, as Surety, are held firmly bound unto the Citv 
of Fort wayne, Indiana, an Indiana Municipal Corporation in the sum of $174,221.75. 
(value of wort) for the payment whereof well and truly to be made, the Principal 
■ and the Surety bind themselves, their heirs, executors, administrators, succes¬ 
sors and assigns, jointly and severally, firmly by those present. The condition 
or the foregoing obligation is such that 


l ' !ESZAS ’ ^ Pri “ Cipal has ““ contract with the Citv or has applied 

for authority to construct or cause to be coustructed, a water main to become' 
part of the City’s water distribution system, which said water main is to be 
bunt and constructed according to plans and specifications prepared bv or 
approved by City and known as the centennial s Industrial Business Park. See - 
(Name of Project) 


KhrKAS, the grant of authority by City to so construct such water main 

provides: 

1. That said water main shall be completed according to said plans and speci¬ 
fications, and warrant and guarantee all work, material, conditions of the 
water main for a period of one (1) year from the date of final acceptance 
in writing by the Owner; 

2. There shall be filed with the City, within thirty (30) days after eomple- 
tion, a Completion Affidavit; 

3. Said Principal is required to agree to make suoh adjustments, modifica¬ 
tions, and repairs as required by the City within thirty (30) days after 
notice; and, 

To agree to maintain said water main for a period of one (1) year following 
written acceptance by the City of said water main; and 
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WHEREAS, said Surety, for value received, hereby stipulates and agrees that no 
change, extension of time, alteration, or addition to the terms of the contract 
or to the work to be performed thereunder, or the specifications accompanying 
the same, shall in any way affect its obligation on this bond, and it does 
hereby waive notice of any such change, extension of time, 'alteration or addi¬ 
tion to the terms of the contract, or to the work or to the specifications, and 

NOW THEREFORE, if the principal shall faithfully perform all of the terms and 
conditions required of it by the contract and cause said water main to become a 
part of the City water distribution system, and shall for one (1) year after 
acceptance of said water main by City maintain said water main and shall 
indemnify the City for all loss that City may sustain by reason of the 
Principal's failure to comply with any of the terms of the authorization, then 
this obligation shall be void, otherwise it shall remain in full force and 
effect. 


ATTEST: 

s 

(Title) 


"If signed by an agent, 

power of attorney must be attached 


T-G Excavating, Inc. 


(Contractor or Developer) 



(Title) 


Fiaelit 







Authorized Agent / 

Duane E. Lupke (Attorney-in-fact) 
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Power of Attorney 

FIDELITY AND DEPOSIT COMPANY OF MARYLAND 

HOME OFFICE. BALTIMORE. MD. 

Know all Men By These Presents: That the Fidelity and Deposit Company of Maryland, a corporation of the 
State of Maryland, by C. M. PECOT, JR. , Vice-President, and L. C. WAYMAN, JR. 

Assistant Secretary, in pursuance of authority granted by Article VI, Section 2, of the By-Laws of said Company, which 
reads as follows: 

"The Chairman of the Board, or the President, or any Executive Vice-President, or any of the Senior Vice-Presidents or Vice-Presidents 
specially authorized so to do by the Board of Directors or by the Executive Committee, shall have power, by and with the concurrence of the Secretary 
or anv one of the Assistant Secretaries, to appoint Resident Vice-Presidents, Assistant Vice-Presidents and Attorneys-in-Fact as the business of the 
Company mav require, or to authorize any person or persons to execute on behalf of the Company any bonds, undertakings, recognizances, 
stipulations, policies, contracts, agreements, deeds, and releases and assignments of judgements, decrees, mortgages and instruments in the nature of 
mortgages, ... and to affix the seal of the Company thereto.” 

does hereby nominate constitute and appoint Walter H. Lupke, Jr., Duane E. Lupke, Donald L. 
Coffey, Edward B. Rice, Walter E. Boose, Stephen E. Stewart and Barbara J. Hause, 
all of Fort Wayne, Indiana, EACH....... . 

its true and lawful agent and Attorney-in-Fact, to make, execute, seal and deliver, for, and on its behalf as surety, and as 

its act and deed: any and all bonds and undertakings. . . 


And the execution of such bonds or undertakings in pursuance of these presents, shall be as binding upon said 
Company, as fully and amply, to all intents and purposes, as if they had been duly executed and acknowledged by the 
regularly elected officers of the Company at its office in Baltimore, Md„ in their own proper persons. 

This power of attorney revokes that issued on behalf of Walter H. Lupke, Jr., etal, 
dated, November 8, 1982. 


The said Assistant Secretary does hereby certify that the aforegoing is a true copy of Article VI, Section 2, of the By-Laws of said Company, and is 
now in force. 

IN WITNESS Whereof, the said Vice-President and Assistant Secretary have hereunto subscribed their names and 

affixed the Corporate Seal of the said FIDELITY AND DEPOSIT COMPANY OF MARYLAND, this .....2nd...day 

of.August.A.D. 19..83.... 



FIDELITY AND DEPOSIT COMPANY OF MARYLAND 



By .. 




. Assistant Secretary ^ Vice-President 

State of Maryland >„ , 

City of Baltimore j * 

On this 2nd day of August , A.D. 19 83 , before the subscriber, a Notary Public of the State of Maryland, in 

and for the City of Baltimore, duly commissioned and qualified, came the above-named Vice-President and Assistant Secretary of the FlDEUTY AND 
Deposit Company of Maryland, to me personally known to be the individuals and officers described in and who executed the preceding instrument, 
and they each acknowledged the execution of the same, and being by me duly sworn, severally and each for himself deposeth and saith, that they are 
the said’officers of the Company aforesaid, and that the seal affixed to the preceding instrument is the Corporate Seal of said Company, and that the 
said Corporate Seal and their signatures as such officers were duly affixed and subscribed to the said instrument by the authority and direction of the 
said Corporation. 

In Testimony Whereof, I have hereunto set my hand and affixed by Official Seal, at the City of Baltimore, the day and rar first above written. 

mission Expires .J.Uly...l.,....1S86... 

CERTIFICATE 


I. the undersigned, Assistant Secretary of the FIDELITY AND DEPOSIT COMPANY OF MARYLAND, do hereby certify that the original Power of 
Attorney of which the foregoing is a full, true and correct copy, is in full force and effect on the date of this certificate; and I do further certify that the 
Vice-President who executed the said Power of Attorney was one of the additional Vice-Presidents specially authorized by the Board of Directors to 
appoint any Attorney-in-Fact as provided in Article VI, Section 2 of the By-Laws of the FIDELITY AND DEPOSIT COMPANY OF MARYLAND. 

This Certificate may be signed by facsimile under and by authority of the following resolution of the Board of Directors of the FIDELITY AND 
deposit COMPANY OF Maryland at a meeting duly called and held on the 16th day of July, 1969. 

RESOLVED: "That the facsimile or mechanically reproduced signature of any Assistant Secretary of the Company, whether made heretofore or 
hereafter, wherever appearing upon a certified copy of any power of attorney issued by the Company, shall be valid and binding upon the Company 
with the same force and effect as though manually affixed.” 

I\ Testimony Whereof, I have hereunto subscribed my name and affixed the corporate seal of the said Company, this... day 



044-2987 






















STATE OF INDIANA: 
COUNTY OF ALLEN: 


“f ^ * N °'- iry PUbliC - in and *« **“ personally appeared 

(name) 




(title) 


(name) 






(title) 




(company) 


¥- 




Attor " y ia Faptl for ,j» . 

" SUrety> ’ flth b0th “ f “ b »” 1 “ P-»-lly -.uaLed, and ZZZJjLi 
wey subscribed their signatures to the above and foregoing bond, in their 
respective official capacities of aforesaid. 


SCB^IBSD TO, before «. a Notary Public, this /J^£ day of 


My Commission Expires: 

/#/ 7 


UuJ^y-J $ 


SStary Public ' \ '' '. / 


Resident of 


A A 
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ESCROW AGREEMENT 


THIS ESCROW AGREEMENT made and entered into this /O 

—- , I9 /Y , by and between Anthony Wayne Bank 


day of 


\ - 

(herein called Escrow Agent), City of Fort Wayne, Indiana (herein called Owner), 
and T-G Excavating, Inc. _, (herein called Contractor). 

WHEREAS, Owner and Contractor entered into a contract dated /j ^ g/ 

"ft ^ providing for the construction by the Contractor of ^ 
public building, work or improvement subject to the provisions of IC 1971, 
5-1605.5; and 


WHEREAS, said construction contract provides that portions of payments by 
Owner to Contractor shall be retained by Owner (herein called Retainage) and 
placed in an escrow account; 

NOW 7 , THEREFORE, it is agreed as follows: 


1. Owner will hereafter deliver or cause to be delivered to Escrow Agent 
the Retainage, to be held in escrow in accordance with the terms of this agree¬ 
ment. 


2. Escrow Agent will promptly invest the Retainage in such obligations as 
selected by the Escrow Agent at its discretion. All income earned on such funds 
shall be added to and become a part of the escrowed principal. 


3. The Escrow Agent shall pay over the net sum held by it hereunder as 
follows: 

a. In the manner directed by the joint written authorization of the 
Owner and Contractor. 

b. In the absence of such a joint written authorization, upon 
receipt from the Owner of a copy of the Architect’s certificate 
or Architect-Engineer's certificate pursuant to Article 2.2.Ole 
of the General Conditions showing that the Owner has terminated 
the employment of the Contractor, then the Escrow Agent shall pay 
over to the Owner the net sum held by it hereunder. 


Sovid checXs -fc 


£3 

Contract No. 










EA/2 


c. In the absence of such a joint written authorization and in the 
absence of the termination of the Contractor as provided in (b) 
above, in the manner directed by a certified copy of a judgment 
of a court of record establishing the rights of the parties to 
said funds. 

4. This Escrow Agreement shall consitute the direction from the Owner and 
Contractor to the Escrow Agent of the Manner in which the Retainage is to be 
paid by the Escrow Agent, pursuant to IC 1971 5-16-5.5. 

5. The Escrow Agent shall deduct, before any payment from the amounts 
received hereunder, its fee as Escrow Agent, which fee shall be computed as 
follows: 

a. A charge of ~~Q • for the first twelve month period, such 

charge to be assessed at the end of the first year or upon 
termination of the agreement 

b. An additional charge of — g?— _ for the second twelve 

month period, such charge to be assessed at the end of the second 
year or upon termination of the agreement 

c. If the agreement is still in effect two years from the initial 
investment date, charges for periods beyond two years shall he 
renegotiated. 

Provided, however, that the escrow fee shall be commensurate with fees now 
being charged for the handling of escrow accounts of like size and duration. 

6: This Agreement and anything done or performed hereunder by either the 

Contractor or Owner shall not be construed to prejudice or limit the claims 
which either party may have against the other arising out of the aforementioned 
construction agreement. 

7. This instrument constitutes the entire agreement between the parties 
regarding the duties of the Escrow Agent with respect to the investment and 
payment of escrow funds; the Escrow Agent is not liable to the Owner and 
Contractor for any loss or damages not caused by its own negligence or willful 
misconduct. 


Contract No. 
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Anthony Wayne Bank 
(ESCROW AGENT) 


BY _ f. (j()c(lb <L'f -ttXkL 




T-G Excavating ? Inc. 

(CONTRACTOR) 



33 ■ 


ITS BOARD OF PUBLIC WORKS 
CITY OF FORT WAYNE, INDIANA 


AUTHORIZATION OF PAYMENT 

The undersigned Owner and Contractor hereby direct 

_ ("Escrow Agent") to advance to the Contractor the 

sum of _____ Dollars 

($ ) pursuant to Section 3 of the Escrow Agreement dated 

_19_, by and between the aforementioned parties, 

including accrued income, less the escrow fee. 


(OWNER) ‘ (CONTRACTOR) 

BY _ ^ ___ ‘_ - - f _ BY___ 


Xjts~p^ard of Public Works'^ 


Contract No. 


























S-84-01-18 


BILL NO. 

REPORT OF THE COMMITTEE ON CITY UTILITIES 

WE, YOUR COMMITTEE ON CITY UTILITIES _TO WHOM WAS REFERRED AN 

ORDINANCE approving Water Contract 83-XP-5, by the City of Fort 

Wayne by and through its Board of Public Works and T-G Excavating, 

for Centennial Industrial & Business Park 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE /? Q _PASS. 


THOMAS C. HENRY, CHAIRMAN 

_ 

MARK E. GiaQUINTA, VICE CHAIRMAN 


CHARLES B. REDD 


JAMES S. STIER ^ 

DONALD J. SCHMIDT 

^SJLJ 

c °NCUR^0 




























(jp 3(00^ 


ttumri. Mpur. __ 

TITLE OF ORDINANCE Water Contract Nd. 83-XP-5, Centennial Industrial & Business Park 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE _ _Water Contract No. 83-XP-5 is for a water main extension to 

serve Centennial Park located at SE h. Section 28, Township 31 N., Range 12 E. 

T & G Excavating is the contractor. 

PRIOR APPROVAL RECEIVED 1/10/84 


EFFECT OF PASSAGE Water service to serve above area. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $174,221.fS 


ASSIGNED TO COMMITTEE 



































